CITY OF FAIRFIELD 


RESOLUTION NO. 2015 - 88 


RESOLUTION OF THE CITY COUNCIL OF THE CITY OF FAIRFIELD AUTHORIZING 
THE CITY MANAGER TO EXECUTE AMENDMENT NO. 1 TO THE AGREEMENT 
FOR CONSULTING SERVICES BETWEEN THE CITY OF FAIRFIELD AND KIMLEY- 
HORN AND ASSOCIATES, INC., FOR DESIGN SERVICES FOR THE TRAFFIC 
SIGNALS ALONG MANUEL CAMPOS PARKWAY AND PEABODY ROAD AT DOBE 
LANE AND UPDATING THE 2014/15 BUDGET 

WHEREAS, on October 17, 2006, the City of Fairfield entered into an Agreement for 
Consulting Services (Agreement) with Kimley Horn and Associates, Inc. for design 
services for the traffic signals along Manuel Campos Parkway and Peabody Road at 
Dobe Lane; and 

WHEREAS, it is necessary for design of one of the traffic signals included in the 
Agreement to be undated; and 

WHEREAS, it is most efficient to amend the Agreement with Kimley Horn and 
Associates, Inc. to perform that design update. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The City Council hereby approves the appropriation of $18,050.00 in 
unrestricted fund balance in Fund 252 for Kimley Horn and Associates, Inc. to update 
the traffic signal design. 

Section 2. CURRENT REVISED 

Fund 252 Streets Capital $73,756 $91,806.00 

Section 3. The City Manager is hereby authorized and directed to execute on behalf of 
the City of Fairfield that certain Amendment No. 1 to the Agreement with Kimley Horn 
and Associates, Inc. for the design services for the traffic signals along Manuel Campos 
Parkway and Peabody Road at Dobe Lane. 
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PASSED AND ADOPTED this 19**’ day of May 2015, by the following vote: 


AYES: 

NOES: 

ABSENT: 


COUNCILMEMBERS: 

COUNCILMEMBERS: 

COUNCILMEMBERS: 


Price/Timm/Bertani/MovA/accaro 

NONE 

NONE 

NONE 



AMENDMENT NO. 1 


TO AGREEMENT FOR CONSULTING SERVICES BETWEEN CITY OF 
FAIRFIELD AND KIMLEY - HORN AND ASSOCIATES, INC. FOR 
DESIGN SERVICES FOR THE TRAFFIC SIGNALS ALONG MANUEL 
CAMPOS PARKWAY AND PEABODY ROAD AT DOBE LANE 


This AMENDMENT No. 1 (hereinafter “AMENDMENT”) to the Agreement for 
Consulting Services for design of traffic signals along Manuel Campos Parkway and 
Peabody Road at Dobe Lane, dated October 17, 2006, is made and entered this 

day of iAfVrx W _, 2015, by and between the CITY OF FAIRFIELD, a 

municipal corporafion (hereinafter “CITY”), and KIMLEY-HORN AND ASSOCIATES, 
INC. (hereinafter “CONSULTANT”). 


WITNESSETH 


WHEREAS, on October 17, 2006, the parties entered into an 
AGREEMENT for Consulting Services for the design of three traffic signals along 
Manuel Campos Parkway, and Peabody Road at Dobe Lane (PROJECT); and 

WHEREAS, CONSULTANT has agreed to modifications to the 
AGREEMENT to complete the design of the traffic signal located at the intersection of 
Manuel Campos Parkway and easterly Paradise Valley Drive. 

NOW, THEREFORE, in consideration of the mutual promises, covenants 
and agreements herein set forth, the parties do hereby agree as follows: 

1. Section IV of the AGREEMENT shall be amended to include the following: 

IV. COMPENSATION OF CONSULTANT 

A. Basis of Compensation. For and in consideration of the professional 
services to be provided by CONSULTANT hereunder, CITY agrees to pay 
CONSULTANT, and CONSULTANT agrees to accept from CITY as full 
compensation for said services the following maximum, not to exceed 
amount: 

For those services described in Work described in Section I.C for the 
traffic signal at Manuel Campos Parkway and easterly Paradise Valley 



Drive, compensation shall be on a time and material basis, increasing the 
maximum fee by $18,050.00 to a maximum fee not to exceed NINETY- 
ONE THOUSAND, EIGHT HUNDRED AND SIX DOLLARS ($91,806.00). 

2. Section V of the AGREEMENT shall be amended to include the following: 


V. TIME OF COMPLETION 

Work described in Section I for the traffic signals at Manuel Campos Parkway 
and Dover Avenue/ westerly Paradise Valley Drive and at Peabody Road and 
Dobe Lane is complete. Work described in Section I.A - B for the traffic signals 
at Manuel Campos Parkway and easterly Paradise Valley Drive, and at Manuel 
Campos Parkway and Mystic Drive is complete. Work described in Section I.C 
for the traffic signal at Manuel Campos Parkway and easterly Paradise Valley 
Drive shall be completed no later than July 31, 2015. Work described in Section 
I.C for the traffic signal located at Manuel Campos Parkway and Mystic Drive 
shall be completed as the approved bidding and construction schedule dictates. 


3. Exhibit “A” shall be replaced with the attached updated rate schedule. 


4. Except as specifically set forth herein, all terms and conditions of the 
AGREEMENT between the CITY and CONSULTANT, dated October 17, 2006, 
shall remain in full force and effect. 


IN WITNESS WHEREOF, the parties hereto have executed this Agreement on the 
day of t\ (HA. _ , 2015. 





CITY OF FAIRFIELD 
a municipal corporation (CITY) 





DavtdA.Whfte 
City Manner 







KIMLEY-HORN AND^ASSOCIATES, INC. 
(CONSULTANT) 



EXHIBIT A 


Kimlev-Horn and Associates. Inc. 
Schedule of Billing Rates 

(Effective July 1,2014) 




Technical Advisor 

$210-$245 

Project Manager 

$185-$210 

Project Engineer 

$140-$175 

Analyst 

$100-$130 

Admin/ Support 

$90 


An allocation charge of 4.6% will be added to the labor fee shown above to cover routine expenses, such as 
local mileage, copying, fax, mail, telephone, in-house blueprinting, engineering software computer usage, etc. 
A 10% administration fee will be added for outside expenses. Overtime work is charged at 1.5 times the normal 

billing rate for non-exempt staff. 

Rates subject to change June 30, 2015 




